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BILL NO. S-89-09-, 


SPECIAL ORDINANCE NO. S- /VF- | 


AN ORDINANCE approving Change Order No. 
#1, RES. 6109-88, NORTH ANTHONY BLVD., 
CURBS, DRIVEWAY APPROACHES, WALKS (AS 
REQUIRED) & STREET LIGHTING with 

S.E. JOHNSON CO., INC., in connection 
with the Board of Public Works and 
Safety of the City of Fort Wayne, 
Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA; 

SECTION 1. That Change Order No. #1, RES. 6109-88, 
NORTH ANTHONY BLVD., CURBS, DRIVEWAY APPROACHES, WALKS (AS 
REQUIRED) & STREET LIGHTING with S.E. JOHNSON CO., INC., in 


connection with the Board of Public Works and Safety, for: 


is necessary because of the following: 
Item #19, #5 asphalt base used to build 
road base for new radius; used to 
repair poor pavement area that we could 
not resurface over without repairing 
first; to change grade and to build new 
base at structures; this was hand 
placed asphalt; item also included 
removal cost; Item #20 - this was used 
to fill void between street edge and 
face of new curb; an area 1' wide & 6" 
deep; also this material was used to 
wedge and level to new curb grade on 
both sides of street in preparation for 
surface asphalt; Items #21 & #22- 
these items are basis to our standards 
and specifications and were not included 
in original estimate; all of the listed 
items should have been in the original 
project bid; 


involving a net increase of Twenty-One Thousand Two Hundred 
Thirty-Seven and 87/100 Dollars ($21,237.87), all as more 
particularly set forth in the specifications, and which is 
on file with the Office of the Board of Public Works and 
Safety and is by reference incorporated herein, made a part 
hereof, and is hereby in all things ratified, confirmed and 


approved. 


CO O a O0 OT um Q5 N l 


Cs. O OS uh NO ge ROL ROE ROE RO) ROE ND: “ROE Shoe deb (ded SEP ek Sp pea ee 
DH Qo «Do 00 On ce B9 b^ C 6 00 Sm Ot 4 Oo Ro: C 








PAGE TWO 


SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all 


necessary approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 


JA we 


J. Timot McCaula 








Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 
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CHANGE ORDER 


Change Order No. vm Resolution No. 6/07 -ES 


Project No. Board Order No. CAT- SF 
Name of Project Abers Aurtowyhluo, KAKE Te Srare Date 


To: SE Ileewsoem Cs n! 


(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 





Description of Change Change in Contract Price 
Material Unit Price 








Total Decrease 
Total Increase 


Net (Deexease) (Increase) Contract Price 


The sum of $ 2 23787 is hereby (added to) (dedueted—from) the total contract 
price, and the ffnal contract price shall be adjusted as follows: 


O 

Original Contract Price Sea 1/37. Zo 
Current Contract Price Adjusted by Previous Change Order $ 254/37. FO 
$ 272,375.31 


New Contract Price Including this Change Order 


The time provided for completion in the contract for this project is (unchanged) (imereased) 


(deexeased)- by calendar days due to this Change Order. The date for completion 
of all work shall be RA Sane . Furthermore, this document shall become an 


amendment to the contract and all provisions of the contract shall apply hereto. 


Date $£-17-57 


Date Agal ZILEI 


Date & 2/~ 39 





Recommended by: 
Accepted by: 
Approved by: 


Approved by? 


Attested by: 


GhangesOrdersNow m fi: 
Resolution No. _ lof- _ 
Board Order No. _2497-€7 


REQUEST AND JUSTIFICATION FOR CHANGE 
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Will proposed change alter size of the project? Yes No je. 


If yes, explain: 











Affect on operation and maintenance cost of this project: LL 
J y CLER 





Engineer 


Read the first time in full and on motion by o oA F 
. Secònded by je ; and du opted, Se MR econd time by 
title and referred to 5 Committee on Pz MEE (and the 
City Plan Commission for recommendation) a Public Hearing to be held after 


due legal notice, at the Council Co Room 128, City-County Building, 
Fort Wayne, Indiana on —  ——— , the , day 
of 


c19 328 o'slo jobs i) Of ae T 
DATED: F MAAF A ae 


SANDRA E. KENNEDY, CITY CLERK 


Read the third time ip full and on motion by v rp A i 
seconded by \ 3 j ; and duly adopted, placed on its" X 
Passage. PASSED p by the following vote: d 
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DATED: 22 te $2 1 





ANDRA E. KENNEDY, CITY CLE 


Passed and adopted by the Common Council of the City of Fort Wayne, 


Indiana, as ( ( 


eS 
(SPECIAL) (ZQNING—MAP ) ORDINANCE —RESOLUTION NO. * "i 


on the s26 LL aay of A , 19 FE - 
e 
A ae A. 


PRESIDING OFFICER 











Presented by me to. the Mayor of the 


the ex ac day of 


at the hour of IA RRO o'clock 92) .M.,E.S.T. 


SANDRA E. KENNEDY, CITY CLE 

Approved and signed by me this 2-3 day of Ce 

19 $3 ; at the hour of ks o'clodk ? .M 
R HER DA e A, 






ity of Fort Wayne, Indiana, on 


; 19 22, 








, 






BIST 


PAUL HELMKE, MAYOR 


s . : Admn. Appr. : 
TITLE OF ORDINANCE _ Change Order #1, Res. 6109-88, p 7 Blvd 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works KA -O-A 
SYNOPSIS OF ORDINANCE. Change Order #1, Res. 6109-88, North Anthony Blvd., - 
curbs, driveway approaches, walks (as required) & street Tien Tag, 19. . — 
necessary because of the following: Item #19, #5 asphalt based used to _ 


build road base for new radius. Used to repai e 


could not resurface over without repairing first. To change grade and to. 
build new base at structures. This w 

cluded removal cost. Item #20 - this was used to fill void hetween street 
edge and face of new curb. An area 1' wide & 6" deep. Also this material 
was used to wedge and level to new curb grade on both sides of street in- 
preparation for surface asphalt. Items 421 & 22 - these items are basis t 
our standards and specifications and were not included in original estimat 
All of the listed items should have been in the original project bid. 







































































S. E. Johnson Co., Inc., is the contractor. 
EFFECT OF PASSAGE To facilitate completion of project, Minimum maintenance 
eost—ovyer 15 years 





EFFECT OF NON-PASSAGE 














MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $21,237.87 








ASSIGNED TO COMMITTEE 














BILL NO. $-89-09-10 





REPORT OF THE COMMITTEE ON PUBLIC WORKS 





SAMUEL J. TALARICO, CHAIRMAN 


DONALD J. SCHMIDT, VICE CHAIRMAN 
LONG, GiaQUINTA, BURNS 








WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 


REFERRED AN (ORDINANCE) (REXOLVSKKOM) approving Change 
Order No. 1 RES. 6109-88, NORTH ANTHONY BLVD., CURBS 
DRIVEWAY APPROACHES, WALKS ( AS REQUIRED) & STREET LIGHTING 
with S. E. JOHNSON CO., INC., in connection with the Board 

—of Public Works and Safety of the City of Fort Wayne, Indiana 
































HAVE HAD SAID (ORDINANCE) (RBSOMMUREGN) UNDER CONSIDERATION AND 
BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 


(ORDINANCE) 





ABSTAIN NO REC 

















Sandra E. Kennedy 
City Clerk 


